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ACTION SY-10 

INFO OCT-01 NEA-06 ADP-00 OC-06 CCO-OO OCL-OO FBO-01 /024 W 

126760 

R 220547 Z MAY 73 
FM AMEMBASSY JIDDA 
TO SECSTATE WASHDC 3946 
INFO AMEEMBASSY ATHENS 
AMEMBASSY BEIRUT 

CONFIDENTIAL JIDDA 2108 

STATE FOR A/ SY/ FO/ NSU 

ATHENS FOR ATO 

BEIRUT FOR RTC, GSO, RCO 

FROM OIC/ RTC GILLIAM 

E. O. 11652: ADS 31 DEC 73 
TAGS: ASEC 

SUB J : COMM CENTER COMPLETION 

1. FOLLOWING IS RESULT OF SURVEY OF JIDDA CCC IN RESPONSE 
TO POST REQUEST FOR SEABEE ASSISTANCE. 

2. WORK REQUESTED: 

A. INSTALL FALSE CEILING. CEILING TILE TO BE CUT FROM 
CELLOTEX SHEETS AT POST. HANGERS ON ORDER AT BEIRUT. RE- 
QUEST BEIRUT ADVISE ETA. 

B. PAINT WALLS IN C& R. NON- UNIFORMITY OF TCU WALLS SURFACE 
WILL MAKE PAINT SOMEWHAT UNSATISFACTORY. TCU WILL INVESTIGATE 
PANELING. 

C. BUILD PHONE BOOTH. THREE SIDES AND CEILING REQUIRED. 

CELLOTEX LINED FRAME CONSTRUCTION WITH EXHAUST FAN. ENTRY 

TO BE THRU EXISTING MASONRY FOURTH SIDE. ALL MATERIALS LOCALLY 
CONFIDENTIAL 
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AVAILABLE. 

D. INSTALL VAULT DOOR NOW EXCESS AT POST AS PHONE BOOTH 
ENTRY. 

E. RUN CONDUIT FROM C& R APPROXIMATELY FORTY FEET TO EXTERIOR 
HALL. ALL MATERIALS AVAILABLE AT POST. 

3. ESTIMATE THREE WEEKS WORK FOR FOUR MAN TEAM INCLUDING 
TWO BUILDERS AND ONE ELECTRICIAN. THIS REQUIREMENT PRESENTS 
RTC SERIOUS DIFFICULTIES. REQUEST NSU ASSUME RESPONSIBILITY. 
ADVISE. 

4. POST ESTIMATES ARRIVAL SATELLITE TEAM LATE JUNE. BELIEVE 
OPTIMUM ARRIVAL SEABEE TEAM 1 JULY. 

HORAN 
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*** Current Handling Restrictions *** n/a 
*** Current Classification *** CONFIDENTIAL 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 MAY 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: morefirh 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973JIDDA02108 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: ADS 

Errors: n/a 

Film Number: n/a 

From: JIDDA 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19730552/aaaajqpf.tel 

Line Count: 79 
Locator: TEXT ON-LINE 
Office: ACTION SY 

Original Classification: CONFIDENTIAL 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: CONFIDENTIAL 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: morefirh 
Review Comment: n/a 
Review Content Flags: 

Review Date: 12 SEP 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <12-Sep-2001 by martinml>; APPROVED <09-Nov-2001 by morefirh> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 

Status: <DBA CORRECTED> mcm 980227 
Subject: COMM CENTER COMPLETION 
TAGS: ASEC 

To: AMEEMBASSY ATHENS 
BEIRUT 

SECSTATE WASHDC 
SY 

Type: TE 
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